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BILL NO. S-87-12- /QU 


SPECIAL ORDINANCE NO. S- -2/28 / 


AN ORDINANCE approving Change Order 
No. 1, Res. 424-86, Lafayette Center- 
Aboite Road Sanitary Sewer Extension, 
with Land, Inc., in connection 

with the Board of Public Works 

and Safety of the City of Fort 

Wayne, Indiana. 





NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Res. 424-86, Lafayette 
Center-Aboite Road Sanitary Sewer Extension, with Land, Inc., 
in connection with the Board of Public Works and Safety, for: 

this Change Order is necessary 


to adjust contract price to match 
quantities used on project; 





involving a net decrease of Two Thousand Six Hundred Sixty-Eight 
and 20/100 Dollars ($2,668.20), all as more particularly set 
forth in the specifications, and which is on file with the Office 
of the Board of Public Works and Safety and is by reference incor- 
porated herein, made a part hereof, and is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and all necessary 


approval by the Mayor. 


eo 


Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 





Bruce O. Boxberger, City Attorney 





; i . 
Read e first time in full and on motion by |} eed. 
seconded by cian , and duly adopted, read the second time 
by title and réferred to the Committee (and the City 


Plan Commission for recommendation).and Public Hearing to be held after 

due legal notice, at the Council Chambers, City- County ee Fort Wayne 
Indiana, on , the ‘day of 
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Read the thir 
seconded by 
passage. PASSED 









Sam , and duly 
LOS®) by the following vote: 
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DATE: LA-A AAT 





ANDRA E. KENNEDY, CITY CIÆRK 
Passed and adopted by the Common Council of the City of Fort 
Wayne, Indiana, as ( : __ (GENERAŁ) 
(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUPFON)— NO. We, 3/047 
on the AB art- day of LS LP T e a 


ATTEST: à (SEAL) 
(ge B a oe ay C. 
R P f K Pas 5 yi A /\ f > Ll 
A ara ee A AA E, EA 


SANDRA E. KENNEDY, CITY CLERK 














Presented by me to the Mayor of the le Wayne, Indiana, 


on the gig fe day of LZec 19 IEF” 


at the hour of A RA o'clock LA MoB S T: 
| i PF 
SANDRA E. KENNEDY, CITY CLBRK 

Approved and signed by me this D3 l -lay of TE PEPEE PS, 7 
19 i ae , at the hour of pe Se: o' ie Be ae S ST 
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CHANGE ORDER 








Change Order No. l and FINAL Resolution No, 424-86 
Project No. Board Order No.177-86 
Name of Project: LAFAYETTE CENTER ROAD-ABOITE ROAD SANITARY Date: 
To: LAND, INC. 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 









Trem [m Description of Change ES os chanpa in’ Conteact Price 
No. d Ousatityil «2 o o Description — -Dait Prive: |  Decrense Increase 












Total Decrease 7,384.80 Rea 
Total Increase ee es 4,716.60 
Net (Decrease) Ginopemsed Contract Price 2,668.20 


The sum of $__2,668.20 is hereby (Geddedotedddeducted from) the total contract price 
and the final contract price shall be adjusted as follows: 






Original Contract Price 226,520.80 
Current Contract Price Adjusted by Previous Change Order S—y76>520-80 — 
New Contract Price including this Change Order 5 223,852.60 _ 


The time provided for completion in the contract for this project is (unchanged >@PREPESSES 


(deonemsexxxby _ -0- calendar days due to this Change Order. The date for completion 
of all work shall be N/A - Furthermore, this document shall become an 


amendment to the contract and all provisions of the contract shall apply hereto. 

Recommended by¢ Seve CO AA Chief Engineer Date 11 [24/87 

Accepted by: Ch a BE w Contractor Date _// -h3 - 81 

Approved by: Hna o M City Engineer. Date ieg 34 Y? 

Approve@by: S39 Se Owner Date la~ A~F¥ 7 
fhe MG peace 


oe | Yo D> 
Attested by: Vy IA 1 PUA AAA erk Date [a ANF 


ATTACHMENT TO CHANGE ORDER 








ange in Contract Price 











Increase 


780.90 
1,600.00 


158.00 
1,287.90 


337.50 
457.50 


Quantity Description of Change Unit Price Decrease 


12" RCP CL V 28.80 
14" rapes 

Unstable Soil 
Excavations 

Spec. Stone Bkfill 10.00 
Spec. Stone Bkfill 
Asphalt Drive Surface 13.00 
Asphalt Road Surface 27.00 
Seed & Mulch 


10" RVC SDR - 35 
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28.5 
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10 900.00 
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1,000.00 


13.5 
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pol cccecinG 
Pump Station 5,000.00 


. 
© 
© 


5,000.00 


= 





Total Decrease | 7.384-80 


Total Increase 


2,668.20 - 





Net (Decrease) (rerease) Contract Price 


1. 


Change Order No. 1 and FINAL 
Resolution No. 424-86 
Board Order No. 220-87 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Final quantities are based on field measurements 














Will proposed change alter size of the project? Yes No_ xX 


If yes, explain 








Affect on operation and maintenance cost of this project: 





NONE 














Allan D. Frisinger 
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MEMORANDUM 
KEREKEKRE K 


987 DEC +1 -PH 12: 34 


TO: Board of Public Works 


ROM: Terry L. Atherton, P.E., L.S., Director 
Water Resources/Engineering & Services 


RE: Lafayette Center Road-Aboite Road Sanitary Sewer Extension 
Resolution 424-1986 - B.O. 177-86 - W.O. 79085 


DATE: 19 November 1987 


KRERKEEERE 


Transmitted herewith is Change order #1 on the above-referenced project. This 
change order is a decrease change in the amount of $2,668.20. It ais this 
Department's recommendation that said change order be approved and transmitted 
to Council at their next regularly scheduled meeting. 


TLA/AF/ns 
Attached: Change Order #1 and Final 


ce: File 
Chrono 





Admn. Anpr. | 


TITLE OF ORDINANCE Change Order #1, Res. 424-86, Lafayette Center-Aboite Rd. 
RA ; TRAR a E ae Ee ona DOWOL TN CONS Ol E rE T 


DEPARTMENT REQUESTING ORDINANCE pe O PURT Noren erate 
SYNOPSIS OF ORDINANCE Change Order #1 for Res. 424-86, Lafayette Center-Aboite 





Rd. is necessary to adjust contract price to match quantities used 





on project. Land, Inc. isthe contractor. 


LE 2— LA 27 

















EFFECT OF PASSAGE TO facilitate completion of project. 





EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Decrease of $2,668.20 





ASSTGNED TO COMMITTEE 
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BILL NO. 
oO aa SOOM SPRL 
REPORT OF THE COMMITTEE ON CITY UTILITIES : 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
ap tng eT 


REFERRED AN (ORDINANCE) (RESOLUTION). approving Change Order © 


Now > lL Rese = 494 86, Lafayette Center-Aboite Road Sanitary Sewer 


Extension, with Land Inc., in connection wiih the Board of Public 


_Works and Safety of the City of Fort ey, Indiaha 











HAVE HAD SAID (ORDINANCE). (RESOLUTION) UNDER CONSIDERATION: AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 





+ (BESORURKAN 
YES NO 


PAUL M. BURNS 
VICE CHAIRMAN Te Ee eet ger A ee ee ees 
THOMAS C. HENRY 
ee 
BEN A. EISBART 
a 
p SAMUEL J. TALARICO ; 
: Ny A O y 


ad ak NE A SANDRA E. KENNEDY 
Be 5 Gages ae CITY CLERK 


